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25 February 1965 


MEMORANDUM FOR THE RECORD 
SUBJECT: OXCART Status Summary 


25X1 
1. The following is a recapitulation of the number 
of flights, hours and status of A-12 aircrafts 
through 22 February 1963: 


_&. Adreraft #121 made 54 flights for a total of 
56.38 hours. 18 flights were made with one J~-75 and 
one J~58 engine for a total of 14.52 hours. 


h. Aircraft #122 (3-58 engine) made 3 flights 
for a total of 2.50 houre. 


c. Aireraft #123 (3-75 engine) made 45 flights 
for a total of 70.11 hours. 


a, Alreratt #124 (J-75 engine) made 30 flights 
fexr a total of 39.24 hours. 


@. Aircraft #125 not yat flown. 


2. Aircraft #121 still is in the process of reassenbly, 
installation of J-58 engines and circumferential screens (see 
comment below) and rehabilitation after a detailed major in- 
spection. The circumferential screens are being installed to 
cover shock-trap bleed and by-pass doors in the sircraft 
nacelies in order to reduce the possibility of damage to 
engines frou undetected foreign objects that may be ledged in 
the nacelle structure. Estimate flight readiness date: 
about $ March 1963. 


3. Aircraft #122, equipped with J-58 engines, now is in 

the process of having circumferential screens inatalied. 

Estimated flight readiness date: abcut 28 February 1963. 

CeUIMENT NO). 

NO GHANGE i. Sass’ 
he OFYOLASSIFIED 
CLASS. CHANGED TO: TS § 

P81BO008PSRUDTVOOTGO 170-6 ‘Bel 


Wi 70-2 
DATE: L(V revewen| | 25X1 


eh Peerage rere ete eats 


soaT eR 


Approved For Release 2004/07/08 : ClAz 


FONE AN Op oy 


Approved For Release 2004/07/08 - cialrppst B00879R001000100170-6 


OXC-4556-63 
Page 2 


4. Aircrafts #123 and #124 now are ready for the resunp- 
tion of test and training flights as may be required on 25 


* 


5. Aircraft #125, not yet flown, is in the process of 
having J-58 engines and circumferential screens installed. 
in addition, the flight of this aircraft may be delayed to 
incorporate a new aircraft pressurized nose and ARC-50 coa~ 
munications equipment which are about ready for delivery. 
Estimated flight readiness date: 11 March 1963. 


«6S heater eae ig heading a series of meetings, 
25 ~- 27 » Of Headquarters, Lockheed, 1, Dave 
Clark and Air ce oe called for the purpose 
of reviewing pilot environment and equipment areas as a result 
ef recent flight test experience. 


7. <A special OXCART suppliers’ meeting, devoted to 
atua 68 and problem areas, is scheduled to be held 
i March. Dr. Scoville will preside at the meeting. 


[3] 
JOHN PARANGOSEY 
Chief, Development Division 
OBA 


John Parangosky :C/DD/OSA:hmj (25 Feb 1963) 
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